d)   Set 4 inch x 6 inch timber in porch area.
Set 3 inch x 6 inch timbers in main cabin area.

e)   Joists run east-west and are flush with the

top of the sill timbers in the porch and 1 inch below the sill in the
main cabin.

f)   Floor boards (1 inch x 8 inch) are nailed

to joists with 12d nails - stagger the butt joints at least 2 joists on
each adjacent board.

5)   Windows and Doors  (Main cabin):

a)   Set new glass in east and west windows with
glazing points and seal with glazing compound,

b)   Replace missing trim piece on west window.

c)   Replace the hinges on the door to the main
cabin.

d)   Reshim window frames on north wall beside
door.  Tighten trim pieces.

e)   Replace glass in both windows of north wall

and set in a bead of caulk.  Attach 1/2 inch x 3/4 inch stops with
6d finish nails.

6)   Windows and Doors  (Porch):

a)   Reshim window frames.

b)   Reset trim around windows.

c)   Replace glass  andset in bead of caulk.
Attach 1/2 inch x 3/4 inch stops.

3.   MATERIAL LIST AMD COST ESTIMATES
a.   Women's Jail

1)  Lumber, Rough Sawn, White Spruce

I"x8"
	x 81
	76
	406
	bf .

I"x6"
	x 8'
	20
	80
	bf .


	
	Subtotal
	485
	bf .

2"x6"
	x 8'
	42
	336
	bf .

2"x6"
	x 10'
	18
	180
	bf .


	
	Subtotal
	516
	bf .

4"x4n
	x 81
	4
	44
	bf .

4"xl2
	" x 8'
	40
	1280
	bf


	
	Total
	2325
	bf .

476  inches
